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BILL NO. S-75-05- £ &U 

SPECIAL ORDINANCE NO. S- //S~~~7S^ ' 

AN ORDINANCE approving contracts for Eight 
Water Feeder Mains 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That the contracts between the City of Fort Wayne, 
by and through its Mayor and the Board of Public Works and EARTH CONSTRUC¬ 
TION and CLOW CORPORATION, for Eight Water Feeder Mains, as follows: 


EARTH CONSTRUCTION - Construction Work 


Contract 

Proj ect 

Amount 

74-XP-2 

Beacon-Vance-Hobson Feeder Main 

$160,589.50 

74-XP-3 

Greenlawn-St .Mary's-State Feeder Main 

196,396.00 

74-XP-5 

High Street Feeder Main 

18,870.00 

75-XP-l 

Winchester Road Feeder Main 

21,299.00 

75-XP-5 

Waynedale Connecting Feeder Main 

74,779.50 

75-XP-6 

Maysville Road Feeder Main 

52,125.25 

76-XP-l 

Goshen Road Feeder Main 

74,635.50 

76-XP-4 

Hanna Street Feeder Main 

51,946.20 

$650,640.95 

CLOW CORPORATION - Materials 


74-XP-2(A) 

Beacon-Vance-Hobson Feeder Main 

$325,289.30 

75-XP-3(A) 

Greenlawn-St .Mary's-State Feeder Main 



($170,874.53 & $49,830.37) 

220,704.90 

74-XP-5 (A) 

High Street Feeder Main 

11,530.02 

75-XP-1CA) 

Winchester Road Feeder Main 

25,818.18 

75-XP-5 A) 

Waynedale Connecting Feeder Main 

111,792.77 

75-XP-6(A) 

Maysville Road Feeder Main 



($68,903.62 & $10,358.32) 

79,261.94 

76-XP-l (A) 

Goshen Road Feeder Main 

98,203.12 

76-XP-4CA) 

Hanna Street Feeder Main 

76,07'6.30 

$948,676.53 


ill as more particularly set forth in said contracts, which are on file in the 
Dffice of the Board of Public Works, and are by reference incorporated herein, 
nade a part hereof and are hereby in all things ratified, confirmed and 


SECTION 2. This Ordinance shall be in full force and effect from 
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Read the first time in full and on motion by , seconded by 

and duly adopted, read the second time by title and referred 
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to the Committee on 




Commts^Iw~fOT r ^ and Public Hearino to be held after due legal notice, 
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Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Zw fflj"Map") (G o noraJ ^-XAmiexfrtlTTn) (Special) (Apte^rwHtrn) Ordinance 

on the_/^r^£>day of^y ' ,197^""' 
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Pr&s'eet§4 by^Tne to tne Mayor of the City of Fort Wayne, Indiana, on the 
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_, 197 3 , at the hour of o 'clock 
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Wa, your Committea on 
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* Chairman 
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AGREEMENT 


FOR CONSTRUCTION OF BEACON-VANCE-HOBSOU ROAD FEEDER MAIN PHASE II 


BOARD ORDER MO.130-74 CONTRACT NO. 74-XP-2 WORK ORDER NO, 63253 

THIS AGREEMENT, made this_day of_, 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC,, herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the- considerations hereinafter 
named, agree as follows: 

ARTICLE 1. , SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

14,500± feet of twenty-four (24) inch water main and appurtenances, 
on Beacon Street, from Lake Avenue to Vance Avenue, thence east on 
Vance Avenue to Hobson Road, and on Hobson Road and St. Joe Road 
from Coliseum Boulevard, to the south property line of the 
Canterbury Shopping Center property. 


all according to Fort Wayne Water Utility Drawing Y-10483, sheets 1 thru 
29, and do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall, pay the Contractor fox the performance of the contract the 
unit price sum of $160,589.50. In event the amount of work is increased or 
decreased by the Owner, the contract sum shall be increased or decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the. 
following month, ninety percent (90%) of- the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials Incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AMD FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully- performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract' fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to the Contractor. 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment for the work have been fully 
paid. 

ARTICLE 5.' GUARANTEE' OF WORKMANSHIP 

At the time the Completion Affidavit Is filed, the Contractor shall furnish 
a one (i) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of.the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor’s Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 74-XP-2. 

B. Contractor’s Proposal dated December 10, 1974. 

C. Supplemental Specifications for BEACON-VANCE-HOBSON ROAD FEEDER MAIN 
PHASE II 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains, Contract No.?4-XP-2 and Fort 
Wayne Water Utility, Engineering-Department Drawing No. Y-10483 , 
Sheets 1 through 29 • 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility, 

, v Engineering Department, dated September 20, 1974, except as 

modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject, to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

BY': .,. . . 

Cook P. Lougheed, President 

CITY OF FORT WAYNE, INDIANA 

BY: _ . _ ' 

Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: _ ■ 

Jerry D. Boswell, Chairman 


Edna I. Smith, Clerk __ 

Carl E. O’Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF GREENLAWN-ST. MARY’S-STATE BLVD. CONNECTING FEEDER MAIN 


BOARD ORDER NO. 131-74 CONTRACT NO.. 74-XP-3 WORK ORDER NO. 63218 

THIS AGREEMENT, made this_day of_, 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

14,525± feet of twenty-four (24), sixteen (16), and twelve 
(12) inch water main and appurtenances, on Jacobs Avenue from 
Cass Street to Wells Street, thence south on Wells Street to 
Greenlawn Avenue, thence west on Greenlawn Avenue to St. Marys 
Avenue, on St. Marys Avenue from Huffman. Street to Goshen Avenue, 
on Russell Avenue from Goshen Avenue to Sherman Blvd., and on 
West State Street from St. Marys Avenue to Lindenwood Avenue, 


all according to Fort Wayne Water Utility Drawing Y-10.482, sheets 1 thru - 
30, and do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the 
unit price sum of $196,396.00 . In event the amount of work is Increased or 
decreased by the Owner, the contract sum shall be increased or decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall,make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of- the value of the work performed up 

to the first day of that month (based on the contract prices of labor and ■ 

materials Incorporated in the work)- and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract/fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted,, and the 
entire balance of the contract stun shall be due and payable to the Contractor 

At the time said payment Is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment for the work have'been fully 
paid. 

ARTICLE 5.' GUARANTEE' OF WORKMANSHIP ' , 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor’s Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 74-XP-3. 

B. Contractor’s Proposal dated December 10, 1974. 

C. Supplemental Specifications for Greenlawn-St. Marys-State Blvd. 
Connecting Feeder Main 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains, Contract No.74-XP-3 and Fort 
Wayne Water Utility, Engineering Department Drawing No. Y-10482 , 
Sheets 1 through 30. 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 

December 9, 1974. . - 
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E. Water Main Materials Standards of the Fort Wayne Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL * 

This Agreement, although executed on behalf of. the Owner by its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved by the Common Council, of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 
BY: __ 




Cook P. Lougheed, 

President 



CITY OF FORT WAYNE, INDIANA 



BY: 




Ivan A. Lebamoff, 

its Mayor 



BOARD OF PUBLIC WORKS 

ATTEST: 






Jerry D. Boswell, 

Chairman 

Edna I. Smith, 

Clerk 



APPROVED AS TO 

FORM AND LEGALITY: 

Carl E. O'Neal 



Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF HIGH STREET FEEDER MAIN 


BOARD ORDER NO. 132-74 CONTRACT NO. 74-XP-5 WORK ORDER NO. 63254 

THIS AGREEMENT, made thi s _day of_, 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 


WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 


ARTICLE 1. SCOPE OF WORK . 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 


1,075± feet of twelve (12) inch water main on 
High Street and through an easement at the west 
end of High Street from Runnion Avenue to 
Leesburg Road, 


all according to Fort Wayne Water Utility Drawing Y-10437, sheets 1 thru' 

3, and do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the 
unit price sum of $18,870.00 • In event the amount of work Is increased or 
decreased by the Owner, the contract sum shall be Increased of decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will he made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials incorporated In the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said x?ater main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed, and the. 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to the Contractor 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
xTho have supplied labor, material or equipment for the xrork have been fully 
paid. 

ARTICLE 5.' GUARANTEE OF WORKMANSHIP 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor’s Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 74-XP-5. 

B. Contractor’s Proposal dated December 10, 1974. 

C. Supplemental Specifications for HIGH STREET FEEDER MAIN• 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains, Contract No. 74-XP-5and Fort 
Wayne Water Utility, Engineering Department Drawing No.Y-10437 , 
Sheets 1 through 3 . 

D. Addendum No. 1 dated December'5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract’will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim, or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by Its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved by the Common Council of the 
City of Fort I7ayne, Indiana, and should said Common.Council fail to approve 
the same within ninety (90) days after .the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. . 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

BY: ___ ' 

Cook P. Lougheed, President 

CITY OF FORT WAYNE, INDIANA 

BY: ' ___ _ 

Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: _ . ___. 

Jerry D. Boswell, Chairman 


Edna I. Smith, Clerk _ 

Carl E. O'Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF WINCHESTER ROAD FEEDER MAIN 


BOARD ORDER NO. 134-74 CONTRACT NO. 75-XP-l WORK. ORDER NO,63265 

THIS AGREEMENT, made this_day of_, 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 


2,300± feet of twelve (12) inch water main on Winchester Road 
from Bluffton Road to a point approximately 185 feet east of 
Scotsdale Drive, 


all according to Fort Wayne Water Utility Drawing Y-1Q4S7, sheets 1 thru 
6, and do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of' the contract the 
unit price sum of $21,299.00. In event the amount of work is increased or 
decreased by the Owner, the contract sum shall be Increased or decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner, shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied' to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the- Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 


Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such- 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to.the Contractor 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment for the work have been fully 
paid. 

ARTICLE 5. GUARANTEE’ OF WORKMANSHIP • 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS - 

The Instructions to Bidders, Specifications, Contractor's Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated-. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract Wo. 75-XP-l. 

B. Contractor’s Proposal dated December 10, 1974. 


C. Supplemental Specifications for WINCHESTER ROAD FEEDER MAIN 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains., Contract No.75-XP-l and Fort 
Wayne Water Utility, Engineering Department Drawing No.Y-10487 , 
Sheets 1 through 6 • 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards' of the Fort Wayne.Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 


All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of. the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications,'or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 


Contractor shall indemnify the Owner against any claim or loss in curred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILHANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

BY: ___ ~ _ _ 

Cook P. Lougheed, President 

■ CITY OF FORT WAYNE, INDIANA 

BY: . _ 

Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: _||________§ 

Jerry D. Boswell, Chairman 


Edna I. Smith, Clerk _ 

Car! E. O’Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. . 
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AGREEMENT 


FOR CONSTRUCTION OF WAYNEDALE CONNECTING FEEDER MAIN 


BOARD ORDER NO. 139-74 ■ CONTRACT NO. 75-XP-5 WORK ORDER NO. 63.266 

THIS AGREEMENT, made this d ay of 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 

City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter • 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

7,600± feet of sixteen (16), twelve (12), and six (6) inch 
water main on McArthur Drive from Elzey Street to Ideal Ave., 
thence north on Ideal Ave. to Thurber Ave., thence west on 
Thurber Ave. to Kumpfer Ave., thence north on Kumpfer Ave. 
to Lower Huntington Road, thence west on Lower Huntington Road ' 
a distance of approximately 250 feet, and on Lower Huntington 
Road from a point approximately 880 feet east of Ardmore Ave., 
westward to Ardmore Ave., thence north on Ardmore Ave. a distance 
of approximately 1,250 feet. 

all according to Fort Wayne Water Utility Drawing Y-10490, sheets 1 thru 
17, and do everything required by the contract documents and this Agreements 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the 
unit price sum of $74,779.50. In event the amount of work Is increased or 
decreased by the Owner, the contract sum shall be increased or decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS > 

The Owner shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by tbe Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 













aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water-main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for. in this contract has been completed and is accepted, and the 
entire balance of the contract sum. shall be due and payable to the Contractor. 

At the time said payment Is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment for the work have been fully 
paid. 

ARTICLE 5.' GUARANTEE' OF WORKMANSHIP 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty. Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. ■ THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor's Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract Wo. 75-XP-5. 

B. Contractor's Proposal dated December 10, 1974. 

C. Supplemental Specifications for WAYNEDALE CONNECTING FEEDER MAIN 

and Detailed Specifications and Conditions for the Installation of 
Transmission and Distribution Mains, Contract No.75-XP-5 and Fort 
Wayne Water Utility, Engineering Department Drawing Wo. Y-10490 , 
Sheets 1 through 17. 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility, 
• Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 


All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

'BY: _‘_ . ' 

Cook P. Lougheed, President 

CITY OF FORT WAYNE, INDIANA- . 

BY: _ _ _ . 

Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: ’ ___ ' 

Jerry D. Roswell, Chairman 


Edna I. Smith, Clerk __ 

Carl E. O'Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF MAYSVILLE ROAD FEEDER MAIN 


BOARD ORDER NO. 135-74 CONTRACT NO. 75-XP-6 WORK ORDER NO, 63267 

THIS AGREEMENT, mad a this_day of_, 1975, by and between 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Ivayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

5,950± feet of sixteen (16) and twelve (12) inch water . 
main on Maysville Road from the west property line of Concordia 
Lutheran Cemetery to a point approximately 130 feet southwest 
of Lake Forest Drive, 


all according to Fort Wayne Water Utility Drawing Y- 1 Q 491 , sheets 1 thru 
13, and do everything required by the contract documents and this. Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the 
unit price sum of $52,125.25 . In event the amount of work Is Increased or 
decreased by the Owner, the contract sum shall be increased or decreased 

according to the unit price schedule set forth in the Contractor’s Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall make payments on account of the contract as provided herein* 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each-month. On or about the 15th day of the 
following month, ninety percent (90%) of- the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT . 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract, fully performed, it shall so inform the Board 
.of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to the Contractor 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons - 
who have supplied labor, material or equipment for the work have been fully 
paid. 

ARTICLE 5. : GUARANTEE OF WORKMANSHIP * 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice.. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor’s Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as. 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 75-XP-6. 

B. Contractor's Proposal dated December 10, 1974. . 

C. Supplemental Specifications for MAYSVILLE.ROAD FEEDER MAIN 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains, Contract No.75-XP-6 and Fort 
Wayne Water Utility, Engineering Department Drawing No.Y-10491 , 
Sheets 1 through 13 - 

D. Addendum No.. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility,. 
Engineering Department, dated September 20,.1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner,- 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its Mayor and ' 
Board of Public Works, shall not be binding upon the Owner unless and until., 
the same shall have been ratified and approved by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this.Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

. BY: ___ 4 __ 

Cook P. Lougheed, President 

- GITY OF FORT WAYNE, INDIANA 

BY: ____ 

Ivan A. Lebamoff, its-Mayor 

BOARD OF PUBLIC WORKS' 

ATTEST: _;_;____ 

Jerry D. Boswell, Chairman 


Edna I. Smith, Clerk ___ 

Carl E. O'Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF GOSHEN ROAD FEEDER MAIN 


BOARD ORDER NO. 138-74 CONTRACT NO. 76-XP-l WORK ORDER NO. 63264 

THIS AGREEMENT, made this__day of_, 1975, by and. between 

EARTH. CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK ■ 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and. 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

9,000± feet of twelve (12), eight (8), and six (6) inch 
water main on Goshen Road from St. Marys Avenue to a 
point approximately 700 feet southeasterly of the inter¬ 
section of Coliseum Blvd., West, 


all according to Fort Wayne Water Utility Drawing Y-10486,. sheets 1 thru 
16 and do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the 
unit price sum of $74,635.50 . In event the amount of work is increased or 
decreased by the Owner, the contract sum shall be increased or. decreased 

according to the unit price schedule set forth in the Contractor's Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of the value of the work performed up 

to the first day of that month (based on the contract prices of labor and. 

materials incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed - 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract fully performed, it shall so inform the Board 
. of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to the Contractor 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment, for the work have bean fully 
paid. 

ARTICLE 5.' GUARANTEE OF WORKMANSHIP 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
... a one (1) year Guaranty Bond In favor of the City of Fort Wayne and in the 
amount of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor's Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 76-XP-l. 

B. Contractor's Proposal dated December 10, 1974. 

C. Supplemental Specifications for GOSHEN ROAD FEEDER MAIN 

and Detailed Specifications and Conditions for the Installation of 
Transmission and Distribution Mains, Contract No.76-XP-l and Fort 
Wayne Water Utility, Engineering Department Drawing No. Y-10486, 
Sheets 1 through 16- 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental SpecificationS - 

ARTICLE 7. ADJUSTMENT OF DISPUTES 


All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its.Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same shall have been ratified and approved, by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to.approve 
the same within ninety (90) days after the date hereof , then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

BY: __ ' _ 

Cook P. Lougheed, President 

CITY OF FORT WAYNE, INDIANA 

BY: _ 

Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: _ \ __ 

Jerry D. Boswell, Chairman 


Edna I. Smith, Clerk 

Carl E. O’Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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AGREEMENT 


FOR CONSTRUCTION OF HANNA STREET FEEDER MAIN 


BOARD ORDER NO. 133-74 CONTRACT NO. 76-XP-4 WORK ORDER MO. 63263 

THIS AGREEMENT, made this_day o f .A A--' : r 1975, by and between ' 

EARTH CONSTRUCTION AND ENGINEERING, INC., herein called the Contractor, and the 
City of Fort Wayne, an Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Contractor and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Contractor shall furnish all labor, equipment, tools, power, trans¬ 
portation, miscellaneous equipment, etc., for excavation, laying and 
connecting of pipe and fittings, hauling of spoil, backfilling trench 
to specifications, and restoring work area at the following described 
locations: 

3,900± feet of twenty (20) inch Ductile Iron water main 
on Hanna Street from Pontiac Street to Rudisill Blvd., 


all according to Fort Wayne Water Utility Drawing Y-10489, sheets 1 thru 
9, and. do everything required by the contract documents and this Agreement. 

ARTICLE 2. THE CONTRACT SUM 

The owner shall pay the Contractor for the performance of the contract the • 
unit price sum of $51,946.20 . In event the amount of work is increased or 
decreased by the Owner, the contract sum shall be increased or decreased 

according to the unit price schedule set forth in the Contractor’s Proposal. 

ARTICLE 3. PROGRESS PAYMENTS 

The Owner shall make payments on account of the contract as provided herein, 
as follows: 

Monthly progress payments will be made by the Utility upon submission of a 
statement of quantities of work completed and/or materials supplied to the 
job site as of the end of each month. On or about the 15th day of the 
following month, ninety percent (90%) of- the value of the work performed up 

to the first day of that month (based on the contract prices of labor and 

materials incorporated in the work) and as estimated by the Contractor and 
approved or revised by the Engineering Department of the Owner, less the 
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aggregate of previous payments, will be paid by the Utility to the Con¬ 
tractor until fifty percent (50%) of the total value of the contract has 
been performed. Subsequent monthly progress payments will be made by the 
Utility to the Contractor in like manner.in the amount of ninety-five (95%) 
percent of the value of the remaining project costs for services performed 
and/or materials supplied in the construction of the said water main. 

ARTICLE 4. ACCEPTANCE AMD FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and the 
contract is fully performed. 

Upon filing of a Completion Affidavit by the Contractor that the work is 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable under 
the contract and the contract fully performed, it shall so inform the Board 
of Public Works who shall issue a final certificate stating that the work 
provided for in this contract has been completed and is accepted, and the 
entire balance of the contract sum shall be due and payable to the Contractor 

At the time said payment is due and payable, the Contractor shall furnish 
the Owner, if requested to do so, satisfactory evidence that all persons 
who have supplied labor, material or equipment for the work have been fully 
paid. 

ARTICLE 5. GUARANTEE' OF WORKMAN SHIP 

At the time the Completion Affidavit is filed, the Contractor shall furnish 
a one (1) year Guaranty Bond in favor of the City of Fort Wayne and in the 
amount;of twenty-five (25%)percent of the total value of the final invoice. 

ARTICLE 6. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Contractor’s Proposal, and this 
Agreement form the Contract, and they are as fully a part of the Contract as 
if hereto attached or herein repeated. The following is an enumeration of 
these documents. 

A. Instructions to Bidders for Contract No. 76-XP-4. 

B. Contractor’s Proposal dated December 10, 1974- 

C. Supplemental Specifications for HANNA STREET FEEDER MAIN 

and Detailed Specifications and Conditions for the installation of 
Transmission and Distribution Mains, Contract No. 76-XP-4and Fort 
Wayne Water Utility, Engineering Department Drawing No. Y-10489, 
Sheets 1 through 9 . 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, dated 
December 9, 1974. 
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E. Water Main Materials Standards of the Fort Wayne Water Utility,. 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 7. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Contractor and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the Owner, 
and his decision shall be final .and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other phases 
of the work covered by this Contract will be permitted except on prior 
written authorization by the Board of Public Works. 

ARTICLE 8. INDEMNITY 

Contractor shall indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 

ARTICLE 9. COUNCILMANIC APPROVAL 

This Agreement, although executed on behalf of the Owner by its Mayor and 
Board of Public Works, shall not be binding upon the Owner unless and until 
the same, shall have been ratified and approved by the Common Council of the 
City of Fort Wayne, Indiana, and should said Common Council fail to approve 
the same within ninety (90) days after the date hereof, then this Contract 
shall be and become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day and 
year first above written. 

EARTH CONSTRUCTION AND ENGINEERING, INC. 

.BY: | _ l _ ' 

Cook P. Lougheed, President 

CITY OF FORT WAYNE, INDIANA 

BY: ___■_ • ' 

Ivan A. Lebamoff, Its Mayor 

BOARD OF PUBLIC WORKS 

ATTEST: ___ 

Jerry D. Boswell, Chairman 


Edna. I. Smith, Clerk ___ 

Carl E. O’Neal 

APPROVED AS TO FORM AND LEGALITY: 


Glenn G. Conkling 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance No. 
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FOR THE FURNISHING OF MATERIALS ON 
BEACOM-VANCE-HOBSON ROAD FEEDER MAIN PHASE II 

130-74 _ CONT RACT GO- 74-XP- 2(A) I^„gggg^g^§3253__ 

|1 nsf-|£Ri >;r MJ\Tc, ruae this_c»; o f llllSe > 1^/5, by andjjetween 

CLOW^ORPORASIW:-; hers^S ca|fed the Supplier, and the City of fort Wayne, 'anil 
I ’ l_a . i* al '..or j M-ioo, Ov-iet 4 ' 4 ^v { 

cbe Supplier and ihe/nfrf-iar loiptafr considerations h.ereiaa.1-at 
named> • jil§|p^ 'as follows: 

k 

ARTICLEJ^, SCOPE_gr_W0g& ■ ‘ 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and 
the Contractor, to construct 14,500± feet of twenty-four (24) inch 
water main and appurtenances, on Beacon Street, from Lake Avenue to 
Vance Avenue, thence east on Vance Avenue to Hobson Road, and on 
Hobson Road and St. Joe Road from Coliseum Boulevard, to the south 
property line of the Canterbury Shopping Center property, in accor¬ 
dance with the specifications and Drawing Ho. Y-10483, Sheets 1 
through 29, prepared by the Water Engineering Department of the City ; 
of Fort Wayne, Indiana, and do everything required by the Contract 
documents and this Agreement. 


The Owner shall pay the Sup^fLer for the performance of the Contract 
the unit price, sum of $325,289.39 ftl-' t'2 e^ent &e amount of wo-k is! 
increase:! or decreased by t||g Owner, ,jfhe -Contract sum sha|:3l be.'ia- 
creasea or decreased according i^£neunlt price schedule'set forth in 

ff’ s ' Slth • « W 

;org^S^s.r HHIHHHhB| 

The -Owner shall make paymentslqfr account of the Contract as provided . 
herein, ■ as < foJJ r-vsh " hp* 



















iA.v Ixu-iiLcLl payment i toe aroa-hk&pZ. .sea e-t :r pe-ce^*- (70%) of the 

‘ jSnfcue of |||>e naterl^33®I^P 0 ^)'^ the ; (Iwfier to theyid 

;.. Supp 1 ,Vne award ar cij’eKeGil^ioii og, a conlract; to supply 

sard roat'S^Lalj %t . »,d c^^iP^g&tion by- tie ►! th"t the matefrals 

are d^jj^S all l b be delivered to the cfrt^t:tuccion. s,xta or agPaed. 

. /from tftosfe “stock supply,,,'and/or producSl^^of23, 

Supplier, livery shall he scheduled such as to.arrive at -the 

construction site or delivery point within seven (7) calendar days ' 
after receipt of a request by the Contractor for shipment. 

E.;3tp|ithly progress payments will be made by the Owner upon submission 
tp&e statement c^-^quantit^fe"of material’s supplied to the job site as 
ifb’/; end of each month.;, On or about the 15th day of the following 
month, the Owner will pay ..the Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that laonch 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty percent (50%) of. the total 
; value of the Contract have been delivered. Subsequent monthly 
progress payments will be made-by the Owner to the Supplier in 
like'manner in the amount of twenty-five percent (25%) of the value 
of the remaining materials so delivered and used in the construction, 
of the said water main. 

ARTICLE 4. GUARANTEE OF.SHIPMENT 

Materials Supplier shall guarantee shipment to arrive at the. construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment,, holidays (not Saturdays or 
■Sundays)-’ being taken into account. If such, shipment does not arrive at 
the designated location within the, seven (7) days.period, one percent 
(1%) of the value of the materials on said shipment shall be deducted 
from. the. final invoice for the project for each day that shipment is 
delayed.beyond the seven, (7) day period. . 1 

ARTICLE 5. ACCEPTANCE AMD FINAL PAYMENT . 

Final payment shall be due at the time the work is fully- completed and 
the .contract is fully performed. 

'upon* filing a- Completion Affidavit b^the SupplLaBlfhat ;t&? work is 
ready .for finagMLnspection fartc act^ance, thelDpard of Public Works will 
direct the. Engineering Department of the. Owner to promptly make, such 
inspection. v tihen the fngiiiea^.xpg'^DepartmentSafinds the work acceptable"/;.:..; 
under .the, the coiLmcc filly glrfc ' /V,, It shall so inform 

the Board oG^'ubli^S^ivS who shall issue: a final certificate stating 
that the work provided for in this Contract, has . been completed and is 
-eeptecl,Land the' entire balance of the Contract sum shall be due and 
payable-to the supplier. 












■At the time said payment is d^jgi and payable, the Supplier shall 
furnish the Owber,//If,.requested to do so,/satisfactory evidence.' 
that all persons who have supplied labor,.material or equipment 
for the work, have been'fully paid. 

: A^ICLE. 6 Mii.GIJARANTEE OF WORICrAMSHIP 

At the time the Completion Affidavit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond in- favor of the City of Fort 
Wayne.and in the amount of twenty-five (25%) percent of the total 
value of the final invoice. t 

ARTICLE 7. TUB CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Supplier's Proposal, 
and this Agreement form,the Contract, and they are as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. - 

A. Instructions to Bidders for Contract No. 74-XP-2(A). 

B. Supplier’s Proposal dated December 9, 1974. 

C. Supplemental Specifications for Beacon-Vance-Hobson Road 
Feeder Main Phase II, 

and Detailed Specifications and Conditions fox the Installation 
of Transmission and Distribution..Mains', Contract So. 74-XP-2(A) 
and Fort Wayne Water Utility, Engineering. Department Drawing 
No.Y-10483, Sheets 1 through 29. 

D. Addendum No. 1 dated December 5, 1974 and.Addendum No. 2, . 
dated December 6, 1974. 

E. s, Water. Main Materials Standards of the Fort Wayne Water Utility* 

Engineering Department, dated September 20, 19.74, except as : 
modified in • the Supplemental Specifications. . .. . ' 

ARTICLE 8. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between, the Supplier and 
the Owner under the provisions of this Contract shall be subject to. the 
decision of the Chief Engineer of the. Fort Wayne Water Utility of the. - 
Owner, and his decision shall be final and conclusive.upon the parties.' 

Provided, however, no changes In. the plans, specifications, or other 
phases' of the work covered by this Contract will be permitted except on 
prior written authorization by.the. Board of Public Works. 

~ A RTICLE 9 A-# INDEMNITY .' ffl f|| 

Supplier shall Indemnify the Owner- againts-t "any claim or loss incurred or 
'arising out of the performance of the-work as provided herein. . . 















1 AR TICLE 10 ; COUNC:[tHj#IG : :,i| ^Qf'AL 


Th l c a r ena f -'h £ ri ‘~h§c 1 Tj;ad ° 0 a*-^ t ^ Cf r^r by its Mayor 

Sff&rid B|ard of Pi bP^Sf Wo^g^n at u >t>n^t|JiIC /ner xir>»esi> and ] 

unt l! tl h ^i|ia^sba j_l V |j ° fc ._n " **« d ^ i; u by the Common Council' 

of the Clty>1yf v Fo- , Wayne >v Indrfcia| r l ' shonLcAsaid Common Council' l * 
f ai-i?ito $3$jnr ova the Ij^icTa^wie_M f i^rix;n.ety (90) daya^af-tex-' the date hereof^ ! "- 
then bnLs'■ Coi.ff;ra'C'toshall bh; and becJSiSe wnolly void. 

&i|pISSSS WHEREOF, the parties nefsto have executed this Agreement the day 
and year first above vi 


CLOW CORPORATION 



CITY OF FORT WAYNE, INDIANA 


Ivan. A. Lehamoff, its Mayor 
BOARD :QF PUBLIC WORKS’ . 



Glenn GV Conkling, Member 


Edna I. Smith, Clerk 

APPROVED AS TO FORM AND LEGALITY: 


APPROVED By the Common Council of "the City of.Fort Wayne on 
1975 ,' Slg|i8alP0rdini|he;;;No:. t "I; y ■■■.". ■ fy'pV 



















FOR THE FURNISHING OF MATERIALS ON 

HANNA STREET FEEDER MAIN 


BOARD ORDER NO. 133-74 _ CONTRACT NQ.76 -XP-4(A), }TORXi>SDSR_MO63263_ 

THIS AGREEMENT, made cals_day of __1975, by aad between 

CLOw CORPORA!'ION, herein called the Supplier, and the City of Fort Wayne, an 
Indiana Municipal Corporation, herein, called ftvner, 

WITNESSETH, that the Supplier and the Owner for the considerations hereinafter 
named, agree as follows: • ' ' 

ARTICLE 1-.SCOFILoLZQ^ 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and 
the Contractor, to construct 3,900+ feet of twenty (20) inch water 
main on Hanna Street from Pontiac Street to Rudisill Blvd., in 
accordance with the specifications and Drawing No. Y—10489, Sheets 1 
through 9, prepared by the Water Engineering Department of the City 
of Fort Wayne, Indiana, and do everything required by the Contract 
documents and this Agreement. 


ARTICLE 2. THE CONTRACT SUM 


The Owner shall pay the Supplier for the performance of the Contract 
the unit price sum of $76,076.30 - In the event the amount of work is 
increased or decreased by the Owner, the Contract sum shall he in¬ 
creased or decreased according to the unit price schedule set forth in 
the Supplier’s Proposal. 

A RTICLE 3. PROGRESS PAYMENTS •• 


The Owner shall make payments on account of the Contract.as provided 
herein, as follows: 

















A. Initial payment in the amount of seventy percent (70%) of the 
value of the materials bid upon will be made by. the Owner to the 
Supplier after the award and execution of a contract to supply 
said materials and certification by the Supplier that the materials 
are dedicated to be delivered to the construction site or agreed 
delivery point from the stock supply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job site as 
of the end of each month. On or about, the 15th day of the following 
month, the Owner will pay the Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate_of previous pay¬ 
ments until materials valued at fifty percent (50%)- of the total 
value of the Contract have been delivered. Subsequent monthly 
progress, payments will be made by the .Owner to the Supplier in 

like manner in the amount of twenty-five percent (25%) of'the value 
of the remaining material's so delivered and used in the construction 
of the said water main. 

ARTICLE A. GUARANTEE.OF. SHIPMENT 

Materials Supplier shall guarantee shipment to arrive at the construction, 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or . 
Sundays) being taken into account. If such shipment does not arrive at. 
the designated location within the seven (7) days period, on.e percent 
(1%) of the value of the materials on said shipment shall be deducted 
from .the final invoice for the project for-each day that shipment is 
delayed beyond'the seven (7) day period. . ... 

ARTICLE 5. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and 
the contract is fully performed.- 

Upon filing of a Completion Affidavit by the Supplier that the work is 
ready for final inspection and acceptance, the Board of Public TIorJcs will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable 
under the contract and the contract fully performed, it shall so inform 
the Board of Public Works who shall Issue a final certificate stating 
that the work provided for in this Contract has been completed and is 
accepted, and the entire balance of the Contract sum shall be due and 
payable to the supplier. 
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At the time said payment is due, and payable, the Supplier shall 
furnish the Owner, if requested-to do so, satisfactory evidence 
that all persons who have supplied labor, material or equipment 
for the work have been fully paid. 

ARTICLE 6. GUARANTEE 01 WGRRMAMSHlP 

At the time the Completion Affidavit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty-five (25%) -percent of the total 
value of the final invoice. 

.ARTICLE , 7, THE CONTRACT .DOCUMENTS 

The Instructions to Bidders, Specifications, Suppliers Proposal, . 
and this Agreement form the Contract, and they axe as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. 

A. Instructions to Bidders for Contract Mo. 76-XP-4(A). 


B. Supplier’s Proposal dated December 9, 1974. 

C. Supplemental Specifications for Hanna Street Feeder Main, 

and Detailed Specifications and Conditions for the Installation 
of Transmission and Distribution Mains, Contract Mo, 76—XP-4(A), 
and Fort Wayne Water Utility, Engineering Department Drawing 
Mo. Y-10489, Sheets 1 through 9. 

D. Addendum Ho. 1 dated December 5, 1974 and Addendum Mo.. 2, 
dated December 6. 1974. 

E. Water Main Materials Standards of the Fort Wayne Water Utility, • 
Engineering Department, dated September 20, 1974, except as 
modified In the Supplemental Specifications. 

ARTICLE 8. ADJUSTMENT OF DISPUTES 


All questions or controversies which may arise between the Supplier and 
the Owner under'.'the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the 
Owner and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other 
phases of the work covered by this Contract will be permitted except on 
prior written- authorization by the Board of Public Works. 


ARTICLE 9^.’INDEMNI TY p 

Supplier.saall indemnify the Owner against any claim or loss Incurred dr 
arising out of the performance of the work as provided herein. 










i A RTICL E 10-. COUNCILMA^ Ic ||g!|g\L 

Tn \,r en&n > 1-nJ^^h wcutedtlp ena 1 t c to G ner by fi'Ss Mayor 

^ Bn,-.*- i t * S V^.jSE i not B3b Lasing m * tre Owner unless and/i: 

until .!*** t »y 3 .v .'. . Mj blkki k> * £ P P-to^-ed by the Common Council 

of tnc C Lc / of j*(jtL ’ 7evn<^Nj|rr>d_£iia, Qu&^shdjUld o lid Common CoSSBll Rl 
Faxi^to ^pnrqvh^fl e same jjrtth'in r^necT ; *(f U) days nhe date hereof, 

then this (km brjihll shall be- and becbm|«iYhoIly void. 

IN WITNESS WHEREOF, the parties hereto have executed this ..Agreement.-the day A 
and year first above written. 



CITY OF FORT WAYNE, INDIANA 


BY: 


Ivan A..Labamof£, its Mayor 



BOARD OF PUBLIC WORKS 


Glenn. G. Cockling, Member 


ATTEST: 


£uia I. Smith, Clerk 


APPROVED'AS TO FORM AND LEGALITY: 


APPROVED By the Common. Council of' the City of Fort'-'Wayne on 
I9,?5.y';Sj/|cial Ordinance::Wofl ' , r - A/Ap 
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FOR THE FURNISHING OF MATERIA LS_ON 
GREENLAWN-ST. MARY'S-STATE BLVD. CONNECTING FEEDER MAIN , 

BOARS ORDER NO.131-74 CONTRACT SO. 74-XP-3CA) WORK ORDER NO. 73 218 . 

THIS AGREEMENT, made this__day of_______, 1975, by and between 

CLOW CORPORATION, herein called the Supplier, and the City of.Fort Wayne, ia 
Indiana Municipal Corporation, herein called Owner, 

• WITNESSSTH, that the Supplier and the Owner for the considerations. hereinafter 
named, agree as follows: 


ARTICLE 1. SCOPE 0? WORK 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and 
the Contractor, to construct 14,525± feet of twenty-four (24), sixteen 
(16), and twelve (12) inch water main and appurtenances, on Jacobs 
Avenue from Cass Street to Wells Street, thence south on Wells Street 
to Greenlawn Avenue, thence west on Greenlawn Avenue to St. Mary's 
Avenue, on St. Mary's Avenue from Huffman Street to Goshen Avenue, on 
Russell Avenue from Goshen Avenue to Sherman Blvd.,and on West State 
Street from St. Mary's Avenue to Lindenwood Avenue, in accordance 
with the specifications and Drawing No. Y-10482, Sheets 1 through 30, 
prepared by the Water Engineering Department of the City of Fort Wayne, 
Indiana, and do everything required by the Contract documents and this 
Agreement. 


ARTICLE 2. THE CONTRACT STtH 


The Owner shall pay the Supplier for the performance of the Contract. 
the unit price sum of $220,704.90- In the event the amount of work Is 
increased or decreased by the Owner, the Contract sum shall be in¬ 
creased or decreased according to the unit price schedule set forth in 
the Supplier's Proposal. 


ARTICLE 3. PROGRESS PAYMENTS 



The Owner shall make 'payments oa account of the. Contract as provided 
herein, as follows: 














A. ' Initial payment in the amount of seventy percent (70%) of the 

value fol: the materials bid upon will be made by the Owner to the 
Supplier after the award and execution of a contract to supply 
said materials and certification by the Supplier that the mate rial's 
are dedicated to be delivered to the construction, site or agreed 
delivery point from the stock sunply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of' a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job sice as 
of the end of each month. On or about the 15th day of the following 
month, the Owner will pay the Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate, of previous pay¬ 
ments until materials valued at fifty percent' (50%) of the total 
value of the Contract have been delivered. Subsequent monthly 
progress payments will be made by the Owner to the Supplier in 

like manner in the amount of twenty-five percent (25%) of the. value 
of the remaining materials so delivered and used in the construction 
of the said water main. 

ARTICLE 4. GUARANIES OF SHIPMENT 

Materials Supplier shall guarantee shipment to arrive at the construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period, one percent 
(1%) of the value of the materials on said shipment shall be deducted 
from the final invoice for the project for each day that shipment is 
delayed beyond the seven (7) day period. 

ARTICLE 5. ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that the work Is 
ready for final Inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable 
under the contract and the contract fully performed. It shall so infarm 
the Board of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract has been compreted and Is 
accepted, and the entire balance of the Contract sum shall be due and 
payable to the supplier. 
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At the time said payment is' due and payable, the Supplier shall 
furnish the Owner, if requested to do so, satisfactory evidence 
that ail persons who have supplied labor, material or equipment 
for the work have been fully paid. 

ARTICLE 6. GUARANTEE OF WORKMANSHIP 

At the time the Completion ..Affidavit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty-five (25%) percent of the total 
value of the final invoice. 

ARTICLE 7. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Supplier r s Proposal, 
and this Agreement form the Contract, and they are as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. , 

A. Instructions to Bidders for Contract No. 74-XP-3(A). 

B. Supplier's Proposal dated December 9, 1974. 

C. Supplemental Specifications for Greenlawn-St. Mary's-State 
Blvd. Connecting Feeder Main, 

and Detailed Specifications and Conditions for the Installation 
of Transmission and Distribution Mains, Contract Mo.74-XP-3(A) , 
and Fort Wayne Water Utility, Engineering Department Drawing No. 
Y-10482 7 Sheets 1 through 30 > 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, 

dated December 6, 1974. _ 

E. Water Main Materials Standards of the Fort Wayne Water Utility,, 
Engineering Department, dated September 20, '1974, except as 
modified in the Supplemental Specifications. 

AR TICLE 8. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Supplier and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the 
Owner, and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes In the plans, specifications, or other 
phases of the work covered by . this Contract will be permitted except on 
prior written authorization by the Board of Public Works. 

ARTICLE 9. INDEMNITY 

. Supplier shall' indemnify the Owner against any claim or loss incurred or 
arising out of the performance of the work as provided herein. 
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ARTICLE 10. COUNCILHANIC APPROVAL 


Th^A;Agiifeeiue&:£:: 5 , although executed on behalf of'the Owner by its Mayor 
and Board of Public Works, shall not be binding upon, the Owner unless and 
until the same shall have been ratified and approved by the Common Council 
of tijfe»City of Fort Wayne, Indiana, and should said Common Council 
fail Sib approve the same within ninety (90) days after the date hereof, 
then this Contract shall be and become wholly void. 


IN WITNESS WHEREOF, the parties hereto have executed this Agra 
and year first above written. 


GLOwXfORPORATION 


the day 


I: ^ ——-— 


CITY OF FORT- WAYNE, INDIANA 


BY: 


Ivan A. Lebamoff, its Mayor 

BOARD OF PUBLIC WORKS 




Glenn G. Conkling, M emb er- 


Edna 1. Smith, Clerk 

APPROVED AS TO FORM AND LEGALITY: 


.APPROVED By the Common Council of the City of Fort Wayhe on 
1975, Special Ordinance No._|_ . 
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FOR THE FURNISHING OF MATERIALS ON 

HIGH STREET FEEDER MAIM 

BOAR D ORDER UP. 132-74 , CONTRACT SO. 74-XP-5C A) ;^_CRBSR_KO;_63254_ 

THIS AGREEM7S1TE, made this_day of___> 1975, by and between. 

CLOW CORPORATION, herein called the Supplier, and the City of Fort Wayne - an 
Indiana Municipal Corporation, herein called Owner, . 

WI'INSSSHIH, chat the Supplier and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF. FORK 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and the 
Contractor, to construct 1,075± feet of twelve (12) Inch water main 
on High Street and through an easement at the west end of High Street 
from Runnion Avenue to Leesburg Rd., in accordance with the specifi¬ 
cations and Drawing No. Y-10437, Sheets 1 through 3, prepared by the 
Water Engineering Department of the City of Fort Wayne, Indiana, and 
do everything required by the Contract documents and this Agreement. 


ARTICLE 2. THE CONTRACT,SUM 


The Owner shall pay the Supplier for. the performance of the Contract 
the unit price sum of $11,530.02 . In the event the amount of work is 
Increased or decreased by the Owner, the Contract sum shall be in¬ 
creased or decreased according to the unit price schedule set forth in 


the Supplier’s Proposal. 
A RTICLE 3. PROGRESS P AYMENTS 


The. Owner shall make payments on account of the Contract as provided 
herein, as follows: 
















A, Initial payment in the amount of seventy percent (70%) of the 

’ ;value of the materials bid upon, will be made by the Owner Co the 
Supplier after the award and execution of a contract to supply 
.-said materials and e'ertificacion by the Supplier that the materials 
are dedicated to be delivered to the construction site or agreed 
delivery point from the stock supply and/or production of the 
Supplier, Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of a request by the. Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job site as 
of the end of each month. On or about the 15th day of the following • 
month, the Owner will pay the Supplier' twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty- percent (50%) of the total 
value of the Contract have been delivered. Subsequent monthly 
progress payments will be made by the Owner to the Supplier in 

like manner in the amount of twenty-five, percent (25%) of the value 
of the remaining materials so delivered and used in. the construction 
of the said water main. 

Materials Supplier shall guarantee shipment to arrive at the construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period, one percent 
(1%) of the value of the materials on said shipment shall he deducted 
from, the final invoice for the project for each day. that shipment is 
delayed beyond the seven (7) day period. 

ARTICLE 5. ACCEPTANCE AND FINAL PAYMENT • 

Final payment shall be due at the time the work is fully completed and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that the work is 
ready for final inspection and acceptance, the Board ot Public dorks will 
direct the Engineering Department of the Owner to promptly make such - 
inspection. When the Engineering Department finds the work acceptable 
under the contract and the contract fully performed, it shall so inform 
the Board of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract has been completed and is 
accepted, and the entire balance of the Contract sum shall be due and 
payable to the supplier. 
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Ai; the time said payment is due and payable, the Supplier shall 
furnish the Owner, if requested to do so, satisfactory evidence 
that all persons who have supplied labor, material or' equipment 
for the Work have been fully paid. 

ARTICLE 6. GUARANTEE OF WORKMAN SHIP 

At the time the Completion Affidavit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty—five (25%) percent of the total 
value of the final invoice. 

.ARTICLE 7. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Supplier’s Proposal, 
and this Agreement form the Contract, and they are as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. 

A. Instructions to Bidders for Contract No. 74-XP—5(A). 

B. Supplier's Proposal dated December 9, 1974. 

C. Supplemental Specifications for High Street Feeder Main, 

and Detailed Specifications and Conditions for the Installation 
of Transmission.and Distribution Mains, Contract No. 74-XP-5(A), 
and Fort Wayne Xiater Utility, Engineering Department Drawing No. 
Y-10437 J Sheets 1 through 3. 

D. Addendum No. 1 dated December 5, 1974 and Addendum Ho. 2, 
dated December 6, 1974. 

E. Water Main Materials Standards of the Fort Wayne Water Utility, 

Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. . ’ 

ARTICLE 8. ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Supplier and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fore. Wayne Water Utility of the 
Owner, and his decision shall be final and conclusive upon the parties. 

Provided, however, no changes in the plans, specifications, or other 
phases of the work covered by this Contract will be permitted except on 
prior written authorization by the Board of Public Works. 

ARTICLE 9. INDEMNITY - 


Supplier shall indemnify the Owner against any claim or loss Incurred or 
arising cut of the performance of the work as provided harexti.U 
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then this Contract shall be and become wholly void. 


IK WITNESS WHEREOF, the parti? 
and year first, above written. 


hereto have executed this . 






CITY OF FORT WAYNE, INDIANA 


BY: 


Ivan A. Lebamoff, its Hayor 


BOARD OF:. PUBLIC WORKS 



ATTEST: 


Glenn G. Conkling, Hember 


Edna I. Smith, Clerk 

APPROVED AS TO FORM AND LEGALITY: 


APPROVED Ey the Common Council of the. -City/of Fort Wayne on 
1975, Special Ordinance No. • 




















AGREEMENT 


FOR THE FURNISHING OF MATERIALS ON 

WINCHESTER ROAD FEEDER MAIN 

BOARD OR DER NO. 134- 74_ CONTRACT, RO■ 75-XP-114) WO RK GRDBR Bp._ _fi aa fi5- 

THIS AGREEMENT, made this_day or__» 1975, hy and between 

CLOW CORPORATION, herein called the Supplier, and the Cx.ty of Fort Wayne, an 
Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Supplier and the Owner tor the- considerations hereinafter 
named, agree as follows: 

ARTICLE 1. . SCQgg_OF WOgg, 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and the 
Contractor, to construct 2,300± feet of twelve (12) inch water main on 
Winchester Road from Bluffton Road to a point approximately 185 feet 
east of Scotsdale Drive, in accordance with the specifications and 
Drawing No. Y-10487, Sheets 1 through 6, prepared by the Water Engin¬ 
eering Department of the City of Fort Wayne, Indiana, and do everytning 
required by the Contract documents and this Agreement. 


ARTICLE 2. THE CONTRACTJUM 


The Owns” shall pay the Supplier for the performance or the Contract 
the unit urice sum'of $25,818.18 - In the event the amount of work is 
increased'or decreased by the Owner, the Contract sum snarl be xa- 
creps°d or decreased according to the unit price .schedule set forth :m 


the Supplier’s Proposal. 
A RTICLE 3. PROGRESS PA SSENTS, 




The Owner snail make payments on account of the Contract as provided 
herein, ss follows; 













A. Initial payment in the amount of seventy percent (70%) of the 
value of the materials bid upon will be made by the Owner to the 
Supplier after the award and execution of a contract to sup ply- 
said materials and certification by the Supplier that the materials 
are dedicated to be delivered to the construction, site or agreed 

• delivery point from the stock supply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job site as 
of the end of each month. On or about the 15th day of the following 
month, the Owner will pay the Supplier twenty percent (20%) of the 
value of the-materials delivered, up to the first day of that month 
(based on the Contract prices of materials incorporated In. the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty percent (50%) of the total- 
value of the Contract have been delivered- Subsequent monthly 
progress payments will .be made-by the Owner- to the Supplier in 

like manner in the amount of twenty-five percent (25%) of the value 
of the remaining materials so delivered and used in the construction 
of the said water main. 

ARTICLE 4. GUARANTEE OF SHIPMENT 

Materials Supplier shall guarantee shipment to arrive at the construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period, one percent 
(1%) of the value of the materials on said shipment' shall be.deducted 
from the final invoice for the project for each day that shipment is 
delayed beyond the seven (7) day period. - ’ - 

ARTICLE 5. ' ACCEPTANCE AND FINAL PAYMENT 

Final payment shall be due at the time the work Is fully completed and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that the work Is 
ready for final Inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the Owner to promptly make such 
inspection. Whan the Engineering Department finds the. work acceptable 
under the contract and the contract fully performed, it shall so- inform 
the Board of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract has been completed and is 
accepted,^And the entire balance of the Contract sum shall be due and 
payable to the supplier. 
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At the time said payment: is due and payable, the Supplier shall 
furnish the Owner,, if requested to do so, satisfactory evidence ' 
that all persons who have supplied labor, material or equipment ; . u 

for the work have been fully paid. 

ARTICLE 6. GUARANTEE OF WORKMANSHIP 

At the time the Completion Aff5-davit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty-five (25%) percent of the■total 
value of the final invoice. 

ARTICLE 7. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Supplier’s Proposal, 
and this Agreement form the Contract, and they are. as fully'a part 
of the Contract as if hereto attached or herein.repeated. The 
following is an enumeration of these documents. ' 

A. Instructions to -Bidders for Contract Ho. 75-XP-l(A). . 

Supplier's Proposal dated December 9, 1974* 

Supplemental Specifications for Winchester Road Feeder.Main, 

and Detailed.'-'Specifications.. and Conditions for the Installation 
of Transmission and Distribution MainsContract No.75-XP-l(A) 
and Fort Wayne Water Utility, Engineering .Department Drawing 
No. Y-10487, Sheets 1 through 6. 

Addendum No. 1 dated December 5, 1974 and Addendum No. 2, 1 
dated December 6, 1974. ; ' 

Water Main Materials Standards of the Fort Wayne Water. Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 8. ADJUSTMENT OF DISPUTES .: ' ' 

jji |j§ | .questions or controversies which may arise between the. Supplier and 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne.Water Utility of the 
Owner, and his decision shall be final and conclusive upon the,-.parties ^' - 

Provided, however, no change§||fb the plans,: specifications, or other 
phases of the work covered by jthis Contract will, be permitted except on 
prior written authorization by the Board of Public Works.■ 

SurpMlI-! o.}j§ 1 l Jn Ip init' cna^bvna an r'an o io rr-yur ed or 

c g a)sTug m o "z pi l t or ^ f ovc*-^ ’’cr^n, s 


















CGUNC ILHAN XC APPRife 


Witi' LslSfereet dnjftfifed thovtja, -c jjp^ ucails on belai-lf of thfei.GjvTi^j: by i^I^$%\y6r g 
a_.d Loaailm Puo1jc®<^^^ s. all not be* j>LndL \g --301 Jb^ Owner unl-ess ana 
uefyfx -i^jt|-i recalled and approved by the Coraraon Council 

'®t?f the C ty of should sjqP Cowon Couo^x.^S 

i|||[ to c-pprov^^thfiMoeni wipjl^*'\inet/ (90) days after the date? bere^f^^ 
then this Contract shall be-and become wholly void* 

the day 


IN WITNESS WHEREOF, the parties hereto have executed this 
and year first above written. 


CLOW Q033PSATI0N 


Q*ma 




PRE&iO&itiy 


CITY OF FORT WAYNE, INDIANA 


Ivan A. Lebamoff, its Mayor 


ATTEST: 


Edna Clerk 

APPROVED AS TO F05M AND LEGALITY; 


BOARD OF PUBLIC WORKS 



Glenn 6. Cockling, 


APPROVED'-;By.- thel Cosinon Council of the'"€ity of Fort Wayne or* _ 
1975, Special Ordinance No. _ .. 















FOR THE FURNISHING OF MATERIALS ON 


WAYNEDALE CONNECTING FEEDER MAIN 

BOARD ORDER HO. 139-74 _ CONTRACT SO. 75-XP-5 (A) WORK ORDER NO. 63266 


THIS AGREEMENT, made this_day of_1975, by and between 

GLOW CORPORATION, herein called the Supplier, and the City of Fort Wayne, an 
Indiana Municipal Corporation, herein called Owner, 

WITNESSETH, that the Supplier anu the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE 1. SCOPE OF WORK 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and the 
Contractor, to construct 7,600± feet of sixteen (16), twelve (12), and 
six (6) inch water main on McArthur Drive from Elzey Street to Ideal 
Ave., thence north on Ideal Avenue to Thurber Avenue, thence west on 
Thurber Avenue to Kumfer Avenue, thence north on Kumfer Avenue to 
Lower Huntington Road, thence west on Lower Huntington Road a distance 
of approximately 250 feet, and on Lower Huntington Road from a point 
approximately 880 feet east of Ardmore Avenue, westward to Ardmore 
Avenue, thence north on Ardmore Avenue a distance of approximately 
1,250 feet, in accordance with the specifications and Drawing No. Y-10490, 
Sheets 1 through 17, prepared by the Water Engineering Department of the 
City of Fort Wayne, Indiana, and do everything required by the Contract 
documents and this Agreement. 


ARTICLE 2. THE CONTRACT SU M 


The Owner shall pay the Supplier for the performance of the Contract 
the unit price sum of $111,792.77- In the event the amount of work is 
increased or decreased by the Owner, the Contract sum shall be in¬ 
creased or decreased according to.the unit price schedule set.forth in- 
the Supplier’s Proposal. 


ARTICLE 3. PROGRESS PAYMENTS 




The Owner shall make payments on account of the Contract as provided 
herein, as follows: 


-1- 















A Jr*'' i in the amount of seventy > (70%) of .the 

value of the materials bid upon will ha made by the Owner, to the 
Supplier after the award and execution of a.contract to supply 
said materials and certification by the Supplier that the materials 
are dedicated to be delivered to the construction site or. agreed 
delivery point from the stock supply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days . 
after receipt of a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job site as 
of the end of each month. On or about the 15th day of the following 
month, the Owner will pay the Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of.' the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty percent (50%) of the total 
value of the Contract have been delivered. Subsequent monthly 
progress . payments will be made by the Owner to the Supplier in 
like manner in the amount of twenty-five percent (25%) of the value 
of the remaining materials so delivered and used in the construction 
of the said water main. 

ARTICLE 4. I GOARANTEE .^O g SHIPMENT , 

Materials Supplier shall guarantee shipment to arrive at the construction, 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not 'Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period, one percent 
(1%) of the value of the materials on said shipment shall be deducted 
from the final invoice for the project for. each day that shipment is 
delayed beyond the seven (7) day period. 

ARTICLE 5. ACCEPTANCE AMD FINAL PATMEHT . 

Final payment shall be due at the time the work is fully completed and 
the.contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that ^the work is^ • 
ready for final inspection and acceptance, the Board of Public Works trill 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable 
under the contraJUfand the contract fully performed, it shall. so inform 
the Beard of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract .has been completed and is 
accepted, and the entire balance of the Contract sum shall be due and 
.payable -to the suppiffiejm l 













At the,• time said payment is due and payable, the Supplier shall 
furnish the Owner, if requested to do so, satisfactory evidence 
that all persons who have’y'supplied labor, material or equipment 
for the work have been fully paid. . 

ARTICLE 6. GUARANTEE OF WOPRKANSHIP 

At the time the Completion Affidavit is filed, the Supplier shall 
furnish a one (1) year Guaranty Bond- in favor of the City of Fort 
Wayne and m the amount of twenty—iivs (25/0 percent of the total 
value of the final invoice. 

■ ARTICLE 7. THE CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications, Supplier’s Proposal, 
and this Agreement form the Contract, and they are as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. 

A. Instructions to Bidders for Contract No. 75-XP-5(A). 

B. Supplier's Proposal dated December 9, 1974. 

C. Supplemental Specifications for Waynedale Connecting Feeder 
Main, 

and Detailed Specifications and Conditions for the installation 
of Transmission and Distribution Mains., Contract No, 75-XP—5(A) , 
and Fort Wayne Water Utility, Engineering Department Drawing 
No. Y-10490, Sheets 1 through 17. 

D. Addendum No. 1 dated December 5, 197.4 and -Addendum-No. 2, 
dated December 6, 1974. 

- E. Water Main Materials Standards of the Fort Wayne Water Utility,. 
Engineering Department, dated September 20, 1574, except as 
modified in the Supplemental Specifications. 

ARTICLE 8.' ADJUSTMENT OF DISPUTES 

All questions or controversies which may arise between the Supplier and 
the Owner under the provisions of this Contract shall he subject to the 
decision c^.the Chief Engineer of the Fort Wayne Water Utility of the 
Owner, and his decision shall be final and conclusive upon the parties. 

Provided, however, no /changes in the plans, specifications', or other 
phases of the work covered by this Contract will be permitted except, on 
prior written authorization by the Board of Public Works - 

ARTICLE 9. INDEMNITY 

Supplier Jijip * against any claim or loss incurred or 

'■arising .out of the .performance- of the work as provided herein. 











?j VAf^e/ciE 3 o . > * Clly s'c tit l it»c ip t 10 p \l " 

Thii h.^xe, n u. jftJ a’ rough e ». w-feet 3 on behalf of the Ctener by its Mayor ■:.■ 

; antfiBoard of Public Works, shall not be binding upon the Owner unless and 
|lj|^bcntil the' §ffrtiei;shall havelbhhh ratified and approved by the Cosmo a Council 
of the Cliffy of. Fort Wayne, Indiana, and should said Common Council 
fail to approve the same .within ninety (90) y day si rafter the date hereof, , 
then this Contract shall be and’ become wholly void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day. 
and year first above written. 



WSCS PBEsmsaca 
CITY OF FORT WAYNE, INDIANA 


BY: 


Ivan A. LebanonfI its Mayor 



ATTEST: 

Edna I. Smith, Clerk 

APPROVED AS TO FORM AND LEGALITY: 


ATihOVtC Sy tre Cora on Celtic II of the City of Fort Wayne, on 
1475 SpvLa' 1 Ordim nc 3 No_____ • _- \ 


















AOKSEKENT 


FOR THE FURNISHING OF MATERIALS ON 

MAYSVILLE ROAD FEEDER MAIN 

'. 0. 135-7.4 _ CONTR ACT >,0. 75- XP-6(A) WORK ORDER NO. 63267_ 

This AGRSLMHOT, mad|§j|his_day of _, 1975, by and between 

CLOW COOPERATIONj herein called tfhgftuppiisr, and the City of Fore.Wayne, an 
Indiana' Municipal Corporation, herein called Owner, 

.WITNESSETH, that the Supplier and the Owner for the considerations hereinafter 
named, agree as follows: 

ARTICLE. 1- , SCOPE 0? WOR K ... 

Supplier shall furnish all water main materials at construction site, 
or"at a delivery point mutually agreed to between the Supplier and 
the Contractor, to construct 5,950± feet of sixteen (16) and twelve 
(12) inch water main on Maysville Road from the west property line of 
Concordia Lutheran Cemetery to a point approximately 130 feet., south¬ 
west of Lake Forest Drive, in accordance with the specifications and 
Drawing No. Y-10491, Sheets 1 through 13, prepared by the Water Eng¬ 
ineering Department of the City of Fort Wayne, Indiana, and do 
everything required by the Contract documents and this Agreement. 


ARTICLE 2. THE CONTRACT . SUM | 

The Owner shall pay the Supplier for the performance cf the Contract 
the unit price sum of $79,261.94 . In the event the amount of work' is_ 
increased or decreased by. the Owner, the Contract sun shall be in¬ 
creased or decreased according to the unit.price schedule set forth In 
the Supplier's Proposal, 

ARTICL E:.!> -vPROGRE SS RAIMENTS ■ 

The Owner shall make payments on account of the Contract as provided 
herein, as follows: 


'.UJNNfcX 














A, Initial payment in. the amount of seventy percent (70%) of the 

value of the materials bid upon will be nade by the Owner to,the 
Supplier after the award and execution of a contract to supply 
said materials and by the Supplier that the materials 

are dedicated to be delivered to the construction site or agreed 
delivery point from the stock supply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of a statement of quantities of materials supplied to the job site as 
of the end of each month. On or about the 15th day of the following, 
month, the Owner will pay the. Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in. the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty percent (50%) of the total 
value of the Contract have been■delivered. Subsequent monthly 
progress payments will be made by the Owner to the Supplier in 

like manner in the amount of twenty-five percent (25%) of the value 
of the remaining materials so delivered and used in the construction 
of the said water main. ^ 

ARTICLE 4. GUARANTEE 07 SHIPMENT 

Materials Supplier shall- guarantee shipment to arrive, at the construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period,' one percent 
(.1%) of the value of the materials on said shipment shall be. deducted 
from the final invoice for the project for each day that shipment is 
delayed beyond the seven (7) day period. ... 

ARTICLE 5. ACCEPTANCE'AMD FINAL PAYMENT 

Final payment shall be due at the time the work is fully completed and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that the work Is. 
ready for final inspection and acceptance,' the Board of Public Forks will 
direct the Engineering Department of the Owner to promptly make such 
inspection. When the Engineering Department finds the work acceptable 
under the contract and the contract fully performed, it shall so inform 
the Board of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract has been completed and is 
accepted, and the entire balanchlof the Contract sum shall be due and 
payable to the supplier. 
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At the time < ^ •* is due and payable, the Supplier shall 

furnish the Owner, if ..Requested to do so, satisfactory evidence 
that all persons who have supplied labor, material or equipment 
for the work have been fully paid. 

ARTICLE 6. GUARANTEE OF WORKMANSHIP 

At the'time the Completion Affidavit is filed,.the Supplier shall 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty-five (25%) .percent of the total 
value of the final invoice. 

AgTICLEl^.-.... THE . CONTRACT DOCUMENTS 

The Instructions to Bidders, Specifications,.Supplier’s Proposal, 
and this Agreement form the Contract, and they are as fully a part 
of the Contract as If hereto attached or herein repeated. . The 
following is an enumeration of these documents. 

A. Instructions to Bidders for Contract Mo. 75-XP-6(A). 

B. Supplier’s Proposal dared December 9, 1974. 

Cl Supplemental Specifications for Maysville Road Feeder Main, 

and Detailed Specifications, and Conditions for the Installation 
of Transmission and Distribution Mains, Contract Mo. 75-XP-6(A) 
and Fort Wayne Water Utility, Engineering Department Drawing 
No. Y-10491, Sheets 1 through 13. 

D. Addendum No. 1 dated December 5, 1974 and Addendum No. 2, 
dated December 6, 1974. 

E. Water Main Materials Standards of the Fort Wayne Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 6. ADJUSTMENT OF DISPUTES 

All questions, or controversies which may arise between the Supplier and. 
the Owner under the provisions of this Contract shall be subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility of the 
Owner,, and his decision shall be final and conclusive upon the parties. 

.Provided, however, no changestfin the plans, specifications, or other 
pbase'syof the work covered by this Contract will be permitted except on 
prior written authorization by the Board of Public Works. 

ARTICLE 91 TJ,; 1; 

Supplier shall indemnify the Owner against any claim or loss incurred or 
arising oui of the performance of.the work as provided herein. 











ARTICLE 10, CQONCinflMIC APPROVAL 


This Agreement, although executed on behalf of the Owner by Its Mayor 
^'lhagt!:x|oard of Public works, shall list be binding• upon -the Owner' unless and 
’ .'until -the same shall have been, ratified and approved by the Common Council 
of the City of Fort Wayne, Indiana, and. should said Common Council- • 
fail to approve the same within ninety (90) days after the date hereof, 
then this Contract shall befind become wholly.void. 

IN WITNESS WHEREOF, the parties hereto have executed this Agreement the day 
and year first above written. 



CLOW COj 


5 ORATION 


'L 


JL 


CITY OF FORT WAYNE, INDIANA 


BY: _ _ 

Ivan A. Lebamoff, its Mayor 



ATTEST: 


Glenn G, Conkling, 


Edna I. Smith, Clerk 

APPROVED AS TO FORM AND LEGALITY: 


APPROVED By the Common Council of the City of Fort Wayne on 
1975, Special Ordinance 1%._ - 


















AGREE S? 


FOR THE FURNISHING OF MATERIALS ON 

GOSHEN ROAD FEEDER MAIN 

BOARD OR DER NO. 138-74 _ CONTRACT NO. 76-XP-l (A) , i_'V LJL-Ajll §3264._ 

THIS AGREEMENT, mad a this_day cf__1975, by -ad between 

CLOW CORPORATION,' herein, called the Supplier, and the City of Fort Wayne., an 
Indiana Municipal Corporation, herein-called Owner, . 

WITNESSETH, that the Supplier and the Owner, for the considerations hereinaiter 
named, agree as follows: 

ARTICLE 1. SCOPS OFJjOBK 

Supplier shall furnish all water main materials at construction site, 
or at a delivery point mutually agreed to between the Supplier and the 
Contractor, to construct 9,000± feet of twelve (12), eight (8), and 
six (6) inch water main on Goshen Road from St. Mary’s Avenue to a 
point approximately 700 feet southeasterly of the intersection of 
Coliseum Blvd., West, in accordance with the specifications and Drawing- 
No. Y-10486, Sheets 1 through 16, prepared by the Water Engineering 
Department of the City of Fort Wayne, Indiana, and do everything 
required by the Contract documents and this Agreement. 


ARTICLE 2. YHg_gQ^^CT-?M 

The Owner shall pay the Supplier for the performance of the Contract 
the unit price sum of $98,203.12 ? In the event the amount of work is 
increased" or decreased by the Owner, the Contract sum shall be in¬ 
creased or decreased according to the unit price schedule sat forth in 
the Supplier's Proposal. -a-V 

& 

ARTICLE 3. PROGRESS PAYMENTS 


The Owner shall make payments on account of the Contract as provided 
herein, as follows: 
















A. Initial payment in the amount of seventy percent (70%) of the 
value of the materials bid upon will be made by the Owner to the 
Supplier after the award and execution of a contract to supply 
said materials and certification by the Supplier that the materials 

lllare dedicated to be delivered to the construction site or agreed 
delivery point from the stock supply and/or production of the 
Supplier. Delivery shall be scheduled such as to arrive at the 
construction site or delivery point within seven (7) calendar days 
after receipt of a request by the Contractor for shipment. 

B. Monthly progress payments will be made by the Owner upon submission 
of-a statement of quantities of raaterxals supplied to the job site as 
of the end of each month. On or about the 15th day of the following 
month, the Owner will pay the Supplier twenty percent (20%) of the 
value of the materials delivered up to the first day of that month 
(based on the Contract prices of materials incorporated in the work) 
as estimated by the Supplier and approved or revised by the Engin¬ 
eering Department of the Owner, less the aggregate of previous pay¬ 
ments until materials valued at fifty percent (50%) of the total 
value of the Contract have been delivered. Subsequent monthly 
progress payments will .be made by the Owner to the Supplier in 

like manner in the amount of twenty-five percent (25%) of the value 
of the remaining materials so delivered and used in the construction - 
of the said water main. 

ARTICLE 4. GUARANTEE OF SHIPMENT 

Materials Supplier shall guarantee shipment to arrive at the construction 
site or delivery point within seven (7) calendar days after receipt of 
a request by the Contractor for shipment, holidays (not Saturdays or 
Sundays) being taken into account. If such shipment does not arrive at 
the designated location within the seven (7) days period, one percent 
(1%) of the value of the materials on said shipment shall be deducted 
from the final invoice for the project for each day that shipment is 
delayed beyond the seven (7) day period. 

ARTICLE 5. ACCEPTANCE AMD FINAL PAYMENT . . 

Final payment shall he due at the time the work is fully completed and 
the contract is fully performed. 

Upon filing of a Completion Affidavit by the Supplier that the work is^ 
ready for final inspection and acceptance, the Board of Public Works will 
direct the Engineering Department of the timer to promptly make such 
inspection. Whan the Engineering Department finds the work acceptable 
under the contract and the contract fully performed, it shall so inform 
the Board of Public Works who shall issue a final certificate stating 
that the work provided for in this Contract has been completed' and is 
accepted, and the entire balance of the Contract sum shall be due and 
payable to the supplier. 
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At the time said payment 3 ■' due and payable, the Supplier shall 
furnish the Owner,, if requested to', do so, satisfactory evidence. , 
that all persons who have supplied labor, material or equipment . 
for the work have been fully paid. . • 

ARTICLE 6. GUARANTEE OF WORKMANSKIP 

At the time the Completion Affidavit is filed, the Supplier shall, 
furnish a one (1) year Guaranty Bond in favor of the City of Fort 
Wayne and in the amount of twenty-five (25%) percent of the. total 
value of the final invoice. 

ARTICLE 7. THE CONTRACT DQCUHEXTS 

The Instructions to Bidders, Specifications, Supplier T s Proposal, 
and this Agreement form the Contract, and they are as fully a part 
of the Contract as if hereto attached or herein repeated. The 
following is an enumeration of these documents. 

A. Instructions to Bidders, for Contract So. 76-XP-l(A). 

B. Supplier's Proposal dated December 9, 1974. 

C. Supplemental Specifications for Goshen Road Feeder Main, 

and Detailed Specifications and Conditions-for the Installation 
of Transmission and Distribution Mains, Contract Ho. 76—XP—1(A), 
and Fort Wayne Water Utility, Engineering Department 'Drawing 
Ko. Y-10486, Sheets 1 through 16. 

D. Addendum Ho. 1 dated December 5, 1974 and Addendum Ko. 2, 
dated December 6, 19/4. 

E. Water Main Materials Standards of the Fort'Wayne Water Utility, 
Engineering Department, dated September 20, 1974, except as 
modified in the Supplemental Specifications. 

ARTICLE 8. ADJUSTMENT OF DISPUTES - 

All questions or controversies which may arise between the Supplier and- 
the Owner under the provisions of this Contract shall he subject to the 
decision of the Chief Engineer of the Fort Wayne Water Utility .of the 
Owner, and his decision shall be final and conclusive upon the parties. 

Provided, boweverii no changesyinC-fiipv plansspecifications, or other 
■phases of the work covered by this Contract mil L be permitted except on 
prior written authorization by the Board, of Public Works. 

A RTICLE 9 . INDEMNITY ■ . ... '. 

Supplier-'shall indemnify the/ Owner against-any• claim or loss incurred or 
arising out of the performance of the work ar provided herein. 
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uflr LL _LU _ Ify •: 


Xru.° ' gr -’■n-rh , alt/oiya c^cl^od ^ hd r cf Af'J-C '■■ _ts ' i o V ' 
ftSTV*- y<' * ■ jjyjjj lie-', s> notwe b L din Wfo. ff -J 0;--r e^’ess j 

! { ■ . ^h^^ame^s^S^uave */ ‘1^1 ' and approved- by ■ Council 

w Vf.r'^Ify o£J vae,“oIncirna, and nhoaid^ffliicl - Conaioii Council;^ 

Cai?j to approve ^sard^aEiri ai.aac/ ||b) days after the date hereof, 
’'then r r Lpx ic|e t shall d° <-ia o c ^ EfT ■' V 7* ' - 


jy / \* the parties hereto have h dhoti ted this 

r -^MM 3 T aar first above written. 


the day 


CLOW- corporation 


6 


CITY OF FORT WAYNE, INDIANA 


ff, its Mayor 



Carl E>. O'Neal, i-iaiober 


ATTEST: 


Glenn. G. Conkllng, 


Edna I. Smith, Clerk 

APPROVED AS TO-FORM ABD LEGALITY: 


APPROVED By the.Common Council of the City of Fort Wayne on 
1 97‘5', Stem il Ordinance Iv f .’ * 
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DIGEST SHEET 




TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Bids have been taken on eight water main improvement project s. 
In order to acquire the best possible prices, bids were received in three categori es; 

(1) construction and materials, (2) construction only, (3) materials only. The 

lowest possible bid combination was for (2) and (3). 

Contracts have been awarded accordingly to Earth Construction & Engineering for 

construction and Clow Corporation for materials. 


SEE ATTACHED SHEET 




EFFECT OF PASSAGE Upgrading of water main facilities in various areas 


EFFECT OF NON-PASSAGE Failure to keep pace with water main needs, 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) Cost - $650,640.95 and 
$948.676.53..------- 


ASSIGNED TO COMMITTEE 





























